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Copy. # of 6 oa , 
17 April 1957 ne dy 
Dear Dicks i a 
FOIAb3a Reference is made to letter dated 6 April 1957 fron , 


Subject: Contract Change Proposal #9, | 
Revised, Configuration C, Ground Support Equipment, requesting 
issuance of an Amendment. 


Informal approvale covering gdaitional work under BC-200 
nave been iswued in the amounts as indicated below: 


Schedule I Schedule IT 
cop #9 Oblique Indicator 500,00 7,500.00 


in, 
cop £9 "CO" Support Equip. 91,134.60 91,134.60 
COP #7 Sides Drive Mag. Ow 15,900.00 


4 COP #6 Mounting Fittings wore aes 
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as well as the informal approvels. 


I w/SAPG-1473 


BC-200 Consolid 


The delivery schadule eet forth in the document entitled = = /  * ae 
configuration C, Ground Suppert Equipment dated 20 March 1957, Cae 
Revised 1 April 1957 has been noted end plans for ubilesation -~ 
thereof are being mace naecordingly. In the event these estimated 
aslivery dates cannot be met please advise the FOG people and me 
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BC-200 A & 
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as (4/17/57) 


Very truly yours, 
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~y4. ~ Finance 


orig. 


Distribution: 


- sa/pc/H 


Approved For Release 2000/, 


